CITY OF FAIRFIELD 


RESOLUTION NO. 2016 -142 

RESOLUTION OF THE CITY COUNCIL AUTHORIZING THE CITY MANAGER TO 
EXECUTE AN AGREEMENT BETWEEN THE CITY OF FAIRFIELD AND KASL 
CONSULTING ENGINEERS, INC. FOR PRELIMINARY DESIGN, AND 
GEOTECHNICAL AND ENVIRONMENTAL ASSESSMENT OF THE EAST TABOR 
AVENUE SIDEWALK GAP CLOSURE PROJECT 

WHEREAS, the City requires the services of a firm to develop preliminary design and 
geotechnical and environmental assessments for the East Tabor Avenue Sidewalk Gap 
Closure project; and 

WHEREAS, KASL Consulting Engineers, Inc., a California Corporation, has 
demonstrated that they are qualified to perform such services. 

NOW, THEREFORE, THE CITY COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 


Section 1. The City Manager is hereby authorized and directed to execute on behalf of 
the City of Fairfield the agreement with KASL Consulting Engineers, Inc. for preliminary 
design and geotechnical and environmental assessment of the East Tabor Avenue 
Sidewalk Gap Closure Project for an amount not-to-exceed seventy-one thousand, four 
hundred ninety-nine dollars and eighteen cents ($71,499.18). 

Section 2. The Public Works Director is hereby authorized to execute and administer 
amendments in an amount not to exceed $7,149.92. 

PASSED AND ADOPTED this 7 th day of June 2016, by the following vote: 


AYES: COUNCILMEMBERS: 

NOES: COUNCILMEMBERS: 

ABSENT: COUNCILMEMBERS: 

ABSTAIN: COUNCILMEMBERS: 
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AGREEMENT FOR EAST TABOR AVENUE SIDEWALK GAP CLOSURE PROJECT 

ASSESSMENT AND PREDESIGN 



THIS AGREEMENT, made and entered into as of 


, 2016 , 


by and between the CITY OF FAIRFIELD, a municipal corporation, hereinafter referred to as 
"CITY" and KASL Consulting Engineers, Inc. a California Corporation, hereinafter referred to as 
"CONSULTANT." 


RECITALS 


A. CITY desires to contract for certain consulting work necessary for the preliminary 
design, and geotechnical and environmental assessment of the East Tabor 
Avenue Sidewalk Gap Closure Project , and for the purposes of this Agreement 
shall be called "PROJECT," and, 

B. CONSULTANT is willing and qualified to undertake said consulting work; 

NOW, THEREFORE, in consideration of the mutual promises, covenants and 
agreements herein set forth, the parties do hereby agree as follows: 

AGREEMENT 

I. DUTIES OF CONSULTANT 

The CONSULTANT shall provide professional consulting services required for 

preliminary design and assessment of the PROJECT as follows (collectively, 

“Consultant’s Services”): 

A. Project Coordination . The CONSULTANT’S primary contact with the CITY shall be 
the CITY’S Project Manager (Peter J. Wright), or any other as designated by the 
City Engineer. 

B. Project Management . CONSULTANT shall perform general project management. 

C. Preliminary Design . CONSULTANT shall provide geotechnical and environmental 
assessment of, and prepare a preliminary design for the PROJECT and submit it for 
approval. CONSULTANT shall also provide representation at all meetings where 
his or her presence is deemed necessary by the CITY. 


1. Consultant shall coordinate and attend a project design development meeting, 
as well as develop the scope of improvements, prepare a preliminary cost 
estimate to identify the appropriate construction funding need, develop design 
strategies and a conceptual improvement plan including improvements in plan 
and profile, verification of underground utility location, size and cover, cross 
sections, retaining walls, storm drainage improvements, fencing, curb, gutter 
and sidewalk, Class II bikeway, roadway striping and signing as needed, and 
define construction related issues such as project phasing, utility coordination, 
etc. 














2. Consultant shall coordinate the preliminary design of the PROJECT with the 
CITY, appropriate private utilities (gas, electric, phone, and cable television) 
and other public agencies regarding service impacts and possible conflicts. 
The Consultant will be the City’s “Point of Contact” with the utilities and all 
applications for service, notices of intent, etc. shall be prepared by the 
Consultant and approved by the City. The Consultant shall also determine if 
any “potholing” of existing utilities is required based on the proposed project 
work and coordinate with the appropriate agency to schedule the potholing of 
their facilities. Potholing of City-owned facilities will be performed by City. City 
shall obtain/ issue any encroachment permits needed for the work. 

3. Consultant shall coordinate the preliminary design with the Fairfield-Suisun 
School District to identify any elements needed to maximize the safety of 
school children crossing the railroad tracks. 

4. Consultant shall prepare geotechnical summary report summarizing test results 
as well as discussing conclusions and recommendations for project 
improvements, then submit two copies of the report to City staff. 

5. Consultant shall prepare a topographical and field survey of the entire project 
area for 20-Scale Base Mapping, Right of Way Delineation and the 
identification of possible Right of Way acquisition (if any). 

6. Consultant shall provide preliminary (60%) grading and design plans in 
conformance with the City of Fairfield Standard Specifications, latest edition, 
including notes and details, along with a pre-design narrative, and preliminary 
cost estimate. Six sets of the preliminary design documents shall be sent to 
the City for review twice. Consultant shall revise the first round of predesign 
documents as identified in the City comments and resubmit for final review. 

7. Submit the “Final” predesign documents to the City in an acceptable electronic 
format. 

8. Provide "Final" predesign and assessment documents to the City. "Final" 
predesign documents shall be signed and sealed by the appropriate design 
professional in accordance with California State Law. 

9. Consultant shall attend follow up meetings following the initial design submittal 
and the final design submittal. 

10. Consultant shall assist the City throughout the preliminary design with 
coordination with all stakeholders including City of Suisun, Fairfield-Suisun 
School District, Solano County Transportation Authority, the Unified Christian 
Fellowship Church and Union Pacific Rail Road. 

Reproduction Work . CONSULTANT shall provide copies of brochures, blueprints, 
negatives, specifications, or other materials necessary for the completion of the 
work described in this section I. The selection of the materials to be copied and the 
number of copies to be made shall be at the CITY'S discretion. Final preliminary 
design plans shall be 24" x 36" in size, with borders and title blocks to the CITY'S 
satisfaction. 




DUTIES OF CITY 


The CITY shall: 

A. Make available previous plans, reports, and all other data relative to the preliminary 
design of the PROJECT and full information as to the CITY'S requirements. 

B. Review preliminary and final plans, specifications, estimates, and other documents 
presented by CONSULTANT and render decisions within a reasonable time, and 
give prompt notice to CONSULTANT at any time CITY observes or otherwise 
becomes aware of any error, omission, or defect in the PROJECT. 

C. Make all necessary provisions for CONSULTANT to enter upon public and private 
property as required in the performance of Consultant’s Services under this 
Agreement. 

MISCELLANEOUS PROVISIONS 

A. CONSULTANT shall not assign any rights or duties under this Agreement to a third 
party without the prior written consent of CITY. 

B. It is understood by and between the parties hereto that CONSULTANT, in the 
performance of this Agreement, shall act as, and be, an independent contractor and 
not an agent or employee of CITY. CITY shall have the right to control 
CONSULTANT only insofar as the results of CONSULTANT’S Services rendered 
pursuant to this Agreement; however, CITY shall not have the right to control the 
means by which CONSULTANT accomplishes the Consultant’s Services rendered 
pursuant to this Agreement. 

C. CONSULTANT represents and warrants to CITY that CONSULTANT has all 
licenses, permits, qualifications and approvals of whatsoever nature which are 
legally required for CONSULTANT to practice CONSULTANT’S profession. 
CONSULTANT represents and warrants to CITY that CONSULTANT shall, at its 
sole cost and expense, keep in effect at all times during the term of this Agreement, 
any licenses, permits, and approvals which are legally required for CONSULTANT 
to practice his or her profession. 

D. Except as CITY may specify in writing, CONSULTANT shall have no authority, 
express or implied, to act on behalf of CITY in any capacity whatsoever as an 
agent. CONSULTANT shall have no authority, express or implied, pursuant to this 
Agreement, to bind CITY to any obligation whatsoever. 

E. CONSULTANT shall assign only competent personnel to perform Consultant’s 
Services. In the event that CITY, in its sole discretion, at any time during the term 
of this Agreement, desires the removal of any person or persons assigned by 
CONSULTANT to perform Consultant’s Services, CONSULTANT shall remove any 





such person immediately upon receiving notice from CITY of the desire of CITY for 
the removal of such person or persons. 

F. CONSULTANT shall perform Consultant’s Services in the manner and according to 
the standards observed by a competent practitioner of the profession in which 
CONSULTANT is engaged in the geographical area in which CONSULTANT 
practices his or her profession. All products of whatsoever nature which 
CONSULTANT delivers to CITY pursuant to this Agreement shall be prepared in a 
substantial, first-class, and workmanlike manner, and conform to the standards of 
quality normally observed by a person practicing in CONSULTANT’S profession. 
CITY shall be the sole judge as to whether the product of the CONSULTANT is 
satisfactory. 

G. CONSULTANT is not a “public official’’ for purposes of Government Code §§ 87200 
et seq. CONSULTANT conducts research and arrives at conclusions with respect 
to his or her rendition of information, advice, recommendation or counsel 
independent of the control and direction of the CITY or any CITY official, other than 
normal contract monitoring. In addition, CONSULTANT possesses no authority with 
respect to any CITY decision beyond the rendition of information, advice, 
recommendation or counsel. 

H. The parties hereto agree to immediately and diligently proceed with their respective 
duties as set forth herein to the end that the PROJECT will be completed 
satisfactorily within the shortest reasonable time. 

I. The CONSULTANT is not responsible for delay, nor shall CONSULTANT be 
responsible for damages or be in default or deemed to be in default by reason of 
strikes, lockouts, accidents, or acts of God: or the failure of CITY to furnish timely 
information or to approve or disapprove CONSULTANT'S Services promptly; or 
delay or faulty performance by CITY, other contractors, or governmental agencies; 
or any other delays beyond CONSULTANT'S reasonable control. 

COMPENSATION OF CONSULTANT 

A. The method of payment for this contract will be based on actual cost plus a fixed 
fee. CITY will reimburse CONSULTANT for actual costs (including labor costs, 
employee benefits, travel, equipment rental costs, overhead and other direct costs) 
incurred by CONSULTANT in performance of the work. CONSULTANT will not be 
reimbursed for actual costs that exceed the estimated wage rates, employee 
benefits, travel, equipment rental, overhead, and other estimated costs set forth in 
the approved CONSULTANT’S Cost Proposal, unless additional reimbursement is 
provided for by contract amendment. In no event, will CONSULTANT be 
reimbursed for overhead costs at a rate that exceeds CITY’S approved overhead 
rate set forth in the Cost Proposal. In the event, that CITY determines that a 
change to the work from that specified in the Cost Proposal and contract is required, 
the contract time or actual costs reimbursable by CITY shall be adjusted by contract 






amendment to accommodate the changed work. The maximum total cost as 
specified in Paragraph “G” shall not be exceeded, unless authorized by contract 
amendment. 

B. In addition to the allowable incurred costs, CITY will pay CONSULTANT a fixed fee 
of $ 3,736.58. The fixed fee is nonadjustable for the term of the contract, except in 
the event of a significant change in the scope of work and such adjustment is made 
by contract amendment. 

C. Reimbursement for transportation and subsistence costs shall not exceed the rates 
specified in the approved Cost Proposal. 

D. Progress payments will be made monthly in arrears based on services provided and 
allowable incurred costs. A pro rata portion of CONSULTANT’S fixed fee will be 
included in the monthly progress payments. If CONSULTANT fails to submit the 
required deliverable items according to the schedule set forth in the Statement of 
Work, CITY shall have the right to delay payment or terminate this Contract in 
accordance with the provisions of Article VII “Cancellation of Agreement.” 

E. No payment will be made prior to approval of any work, nor for any work performed 
prior to approval of this contract. 

F. CONSULTANT will be reimbursed, as promptly as fiscal procedures will permit 
upon receipt by CITY’S Contract Administrator of itemized invoices in triplicate. 
Invoices shall be submitted no later than 45 calendar days after the performance of 
work for which CONSULTANT is billing. Invoices shall detail the work performed on 
each milestone and each project as applicable. Invoices shall follow the format 
stipulated for the approved Cost Proposal and shall reference this contract number 
and project title. Final invoice must contain the final cost and all credits due CITY. 
The final invoice should be submitted within 60 calendar days after completion of 
CONSULTANT’S work. Invoices shall be mailed to CITY’s Contract Administrator at 
the following address: 

Peter J. Wright, City of Fairfield 
Department of Public Works, 3 rd Floor 
Fairfield, CA, 94533 

G. The total amount payable by LOCAL AGENCY including the fixed fee shall not 
exceed $ 71 , 499 . 18 . 

H. Salary increases will be reimbursable if the new salary is within the salary range 
identified in the approved Cost Proposal and is approved by CITY’S Contract 
Administrator. 

For personnel subject to prevailing wage rates as described in the California Labor 
Code, all salary increases, which are the direct result of changes in the prevailing 
wage rates are reimbursable. 




I. CONSULTANT shall notify the CITY in writing when the CONSULTANT’S invoices 
total billing is within 25% of the contract compensation. 

J. All subcontracts in excess of $25,000 shall contain the above provisions. 

V. PERFORMANCE PERIOD 

A. This contract shall go into effect on Mav 18. 2016. contingent upon approval by 
LOCAL AGENCY, and CONSULTANT shall commence work after notification to 
proceed by LOCAL AGENCY'S Contract Administrator. The contract shall end 
on December 31. 2016 . unless extended by contract amendment. 

B. CONSULTANT is advised that any recommendation for contract award is not 
binding on LOCAL AGENCY until the contract is fully executed and approved by 
LOCAL AGENCY. 

VI. PROJECT MANAGER 

CONSULTANT designates John C. Scroggs as Project Manager, to remain such unless 
or until CONSULTANT requests to change said designation and said request is 
approved by CITY. Major duties shall include: 

A. Personally direct all work essential to the PROJECT. 

B. Sign all letters and instruments as requested by, and on behalf of, CITY. 

C. Attend public meetings related to the PROJECT. 

VII. CANCELLATION OF AGREEMENT 

This Agreement may be canceled at any time by CITY for its convenience upon written 
notification to CONSULTANT. CONSULTANT shall be entitled to receive full 
compensation payment for all services performed and all costs incurred to the date of 
receipt of written notice to cease work on the PROJECT. Said compensation will be 
determined in accordance with Section IV. CONSULTANT shall be entitled to no further 
compensation for work performed after the date of receipt of written notice to cease work 
on the PROJECT. 

VIII. INDEMNIFY AND HOLD HARMLESS 

A. Indemnity for Design Professional Services . In connection with its design 
professional services hereunder, Consultant shall hold harmless and indemnify City, 
and its elected officials, officers, employees, servants, designated volunteers, and 
those City agents serving as independent contractors in the role of City officials 
(collectively, “Indemnitees”), with respect to any and all claims, demands, damages, 
liabilities, losses, costs or expenses, including reimbursement of attorneys’ fees and 
costs of defense (collectively, “Claims” hereinafter), including but not limited to 
Claims relating to death or injury to any person and injury to any property, which 













arise out of, pertain to, or relate to in whole or in part to the negligence, 
recklessness, or willful misconduct of Consultant or any of its officers, employees, 
subcontractors, or agents in the performance of its design professional services 
under this Agreement. 

B. Other Indemnities . In connection with any and all claims, demands, damages, 
liabilities, losses, costs or expenses, including attorneys’ fees and costs of defense 
(collectively, “Damages” hereinafter) not covered by Section VIII. A, Consultant shall 
defend, hold harmless and indemnify the Indemnitees with respect to any and all 
Damages, including but not limited to, Damages relating to death or injury to any 
person and injury to any property, which arise out of, pertain to, or relate to the acts 
or omissions of Consultant or any of its officers, employees, subcontractors, or 
agents in the performance of this Agreement, except for such loss or damage 
arising from the sole negligence or willful misconduct of the City, as determined by 
final arbitration or court decision or by the agreement of the parties. Consultant 
shall defend Indemnitees in any action or actions filed in connection with any such 
Damages with counsel of City’s choice, and shall pay all costs and expenses, 
including all attorneys’ fees and experts’ costs actually incurred in connection with 
such defense. Consultant’s duty to defend pursuant to this Section VIII. B shall 
apply independent of any prior, concurrent or subsequent misconduct, negligent 
acts, errors or omissions of Indemnitees. 

C. Survival of Indemnification Obligations . Acceptance of insurance certificates and 
endorsements required under this Agreement does not relieve CONSULTANT from 
liability under this indemnification and hold harmless clause. The Indemnities in this 
Section VIII shall apply whether or not such insurance policies shall have been 
determined to be applicable to any of such damages or claims for damages. 

INSURANCE 

During the term of this Agreement CONSULTANT shall obtain and maintain in full force 

and effect at his/her own cost and expense the following insurance coverage: 

A. Worker's Compensation Insurance . Worker's Compensation Insurance, as required 
by the State of California, shall be provided that is necessary in connection with the 
performance of this Agreement. Such insurance shall relieve CITY from all 
responsibility for such benefits. Said policy shall also include employer’s liability 
coverage no less than one million dollars ($1,000,000.00) per accident for bodily 
injury and disease. 

B. General Liability Insurance . CONSULTANT shall obtain at its sole cost and keep in 
full force and effect during the term of this agreement commercial general liability 
insurance in the amount of one million dollars ($1,000,000.00) per occurrence for 
bodily injury, personal injury, and property damage. Said insurance shall provide 
(1) that the CITY, its officers, agents, employees, and volunteers shall be named as 
additional insureds under the policy, and (2) that the policy shall operate as primary 










insurance, and that (3) no other insurance effected by the CITY or other named 
insureds will be called upon to cover a loss covered thereunder. 

C. Automobile Liability Insurance . 

CONSULTANT shall obtain at its sole cost and keep in full force and effect during 
the term of this agreement automobile liability insurance in the amount of one 
million dollars ($1,000,000.00) per occurrence for bodily injury and property 
damage. Said insurance shall provide (1) that the CITY, its officers, agents, 
employees, and volunteers shall be named as additional insureds under the policy, 
and (2) that the policy shall operate as primary insurance, and that (3) no other 
insurance effected by the CITY or other named insureds will be called upon to cover 
a loss covered thereunder. 

D. Certificates of Insurance . 

CONSULTANT shall file with the CITY’S Director of Public Works upon the 
execution of this agreement, certificates of insurance which shall provide that no 
cancellation, major change in coverage, expiration, or renewal will be made during 
the term of this Agreement, without thirty (30) days written notice to the Director of 
Public Works prior to the effective date of such cancellation, or change in coverage. 

E. Professional Liability Insurance . 

During the term of this Agreement, CONSULTANT shall maintain a professional 
liability insurance policy covering any loss arising out of errors, omissions, or 
negligent actions of CONSULTANT in the amount of not less than one million 
dollars ($1,000,000.00). 

X. OWNERSHIP OF DOCUMENTS 

All documents prepared by CONSULTANT in the performance of his or her duties under 
this Agreement, including but not limited to, the plans, specifications, studies, reports, 
and contract documents shall be the property of the City of Fairfield. If this Agreement is 
canceled in accordance with Section VII above, all completed and partially completed 
documents prepared by CONSULTANT shall be delivered to the CITY in both printed 
and electronic format within two weeks of notice of cancellation. CONSULTANT shall 
not obtain or attempt to obtain copyright protection as to any documents prepared 
hereunder. 

XI. SCOPE OF AGREEMENT 

This writing constitutes the entire agreement between the parties relative to 
CONSULTING services on the PROJECT and no modification hereof shall be effective 
unless or until such modification is evidenced by a writing signed by both parties to this 
Agreement. 

XII. PROHIBITED INTERESTS 

No employee of CITY shall have any direct financial interest in this Agreement. This 
Agreement shall be voidable at the option of the CITY if this provision is violated. 













XIII. LOCAL EMPLOYMENT POLICY 


A. The City of Fairfield desires wherever possible to hire qualified local residents to 
work on City projects. Local resident is defined as a person who resides in Solano 
County. 

B. The City encourages an active affirmative action program on the part of its 
contractors, consultants, and developers. 

C. When local projects require, subcontractors, contractors, consultants, and 
developers will solicit proposals from qualified local firms where possible. 

D. As a way of responding to the provisions of the Davis-Bacon Act and this program, 
contractors, consultants, and developers will be asked to provide no more 
frequently than monthly, a report which lists the employee's name, job class, hours 
worked, salary paid, City of residence, and ethnic origin. 

XIV. EMPLOYMENT DEVELOPMENT DEPT, REPORTING REQUIREMENTS 

When CITY executes an agreement for or makes payment to CONSULTANT in the amount 

of $600 (six hundred dollars) or more in any one calendar year, CONSULTANT shall 

provide the following information to CITY to comply with Employment Development 

Department (EDD) reporting requirements: 

A. Whether CONSULTANT is doing business as a sole proprietorship, partnership, 
limited liability partnership, corporation, limited liability corporation, non-profit 
corporation or other form of organization. 

B. If CONSULTANT is doing business as a sole proprietorship, CONSULTANT shall 
provide the full name, address and social security number or federal tax identification 
number of the sole proprietor. 

C. If CONSULTANT is doing business as other than a sole proprietorship, 
CONSULTANT shall provide CONSULTANT’S federal tax identification number. 

XV. MISCELLANEOUS PROVISIONS 

A. Legal Action . 

1. Should either party to this Agreement bring legal action against the other, the 
validity, interpretation, and performance of this Agreement shall be controlled 
by and construed under the laws of the State of California, excluding 
California’s choice of law rules. Venue for any such action relating to this 
Agreement shall be in the Solano County Superior Court. 

2. If any legal action or other proceeding, including action for declaratory relief, is 
brought for the enforcement of this Agreement or because of an alleged 
dispute, breach, default or misrepresentation in connection with this 










Agreement, the prevailing party shall be entitled to recover reasonable 
attorneys’ fees, experts’ fees, and other costs, in addition to any other relief to 
which the party may be entitled. 

3. Should any legal action about a project between CITY and a party other than 
CONSULTANT require the testimony of CONSULTANT when there is no 
allegation that CONSULTANT was negligent, CITY shall compensate 
CONSULTANT for its testimony and preparation to testify at hourly rates that 
are agreed-upon in advance in writing by both parties. 

B. Entire Agreement: Modification. This Agreement, including any other documents 
incorporated herein by specific reference, represents the entire and integrated 
agreement between CITY and CONSULTANT and supersedes all prior 
negotiations, representations or agreements, either written or oral. This Agreement 
may be modified or amended, or provisions or breach may be waived, only by 
subsequent written agreement signed by both parties. 

C. Non-Waiver of Terms. Rights and Remedies . Waiver by either party of any one or 
more of the conditions of performance under this Agreement shall not be a waiver of 
any other condition of performance under this Agreement. In no event shall the 
making by the CITY of any payment to CONSULTANT constitute or be construed as 
a waiver by the CITY of any breach of covenant, or any default which may then 
exist on the part of CONSULTANT, and the making of any such payment by the 
CITY shall in no way impair or prejudice any right or remedy available to the CITY 
with regard to such breach or default. 

D. Time . Time is of the essence in the performance of this Agreement. 

E. Severability . If any term or portion of this Agreement is held to be invalid, illegal, or 
otherwise unenforceable by a court of competent jurisdiction, the remaining 
provisions of this Agreement shall continue in full force and effect. 

F. Notices 

Except as otherwise required by law, any notice, request, direction, demand, 
consent, waiver, approval or other communication required or permitted to be given 
hereunder shall not be effective unless it is given in writing and shall be delivered 
(a) in person or (b) by certified mail, postage prepaid, and addressed to the parties 
at the addresses stated below, or at such other address as either party may 
hereafter notify the other in writing as aforementioned: 

To CITY : City of Fairfield 

Public Works Department, 3 rd Floor 
1000 Webster Street 
Fairfield, CA 94533 










To CONSULTANT: 


KASL Consulting Engineers 
7777 Greenback Lane, Suite 104 
Citrus Heights, CA. 95610 


A party may change its address by giving written notice to the other party. 
Thereafter, any notice or other communication shall be addressed and transmitted 
to the new address. If sent by mail, any notice, tender, demand, delivery or other 
communication shall be deemed effective three (3) business days after it has been 
deposited in the United States mail. For purposes of communicating these time 
frames, weekends and CITY holidays shall be excluded. No communication via 
facsimile or electronic mail shall be effective to give any such notice or other 
communication hereunder. 

G. Counterparts . This Agreement may be executed in counterparts, each of which 
shall be considered an original. 


IN WITNESS WHEREOF, the parties hereto have executed this Agreement as of 


, 2016 



CITY OF FAIRFIELD 
a municipal corporation (CITY) 



David A. White 
City Manager 


KAF 1 °—.. .. 



By 













EDD REPORTING REQUIREMENTS CHECKLIST 


Effective January 1, 2001 the State Employment Development Department (EDD) requires the following. 


Please complete the following: (To be complete by the department) 


Department: 

Date of Contract: 

Authorized by Res. No.: 

Contract Expiration Date: 

Person Reviewing EDD Requirements: 

Phone: 


EDD REPORTING REQUIREMENTS . When CITY executes an agreement for or makes payment to CONSULTANT in the amount of 
$600 (six hundred dollars) or more in any one calendar year, CONSULTANT shall provide the following information to CITY to comply with 
EDD reporting requirements: 


A. Whether CONSULTANT is doing business as a sole proprietorship, partnership, limited liability partnership, corporation, limited 
liability corporation, non-profit corporation or other form of organization. 

B. If CONSULTANT is doing business as a sole proprietorship, CONSULTANT shall provide the full name, address and social security 
number or federal tax identification number of the sole proprietor. 

C. If CONSULTANT is doing business as other than a sole proprietorship, CONSULTANT shall provide CONSULTANT'S federal tax 
identification number. 


*««»**«*#«**4***«**«**««’********«***«*««**«***«****«#**»*tt#**************M**««r«*«**«**1lr«**'****«#*«****'******«#*'**«*'li«**«-**«*«r*'«h*ilr**««*«***'*tr**********a-«*«« 

Dear Contracting Company: 

Pursuant to your contract with the above-mentioned City of Fairfield Department, you are required to complete box 1 AND box 2 below. 
Please indicate the type of business and provide the information requested: 


BOX 1 


NAME AND ADDRESS 

FULL NAME 

KASL Consulting Engineers 

ADDRESS 

7777 Greenback Lane, Suite 104 

CITY, STATE, ZIP 

Citrus Heights, CA. 95610 


AND 

BOX 2 


X Box 

TYPE OF BUSINESS 

SOCIAL SECURITY NUMBER AND/OR 
FEDERAL ID NUMBER 


SOLE PROPRIETORSHIP 



PARTNERSHIP 



LIMITED LIABILITY PARTNERSHIP 


X 

CORPORATION 

Federal ID Number 94-2820454 


LIMITED LIABILITY CORPORATION 



NON-PROFIT CORPORATION 



OTHER FORM OF ORGANIZATION 



PLEASE RETURN THIS FORM WITH THE SIGNED CONTRACT TO THE CITY OF FAIRFIELD 




























